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PROGRAM STATUS REPORT FOR WEEK 'ENDING 8 JUNE 1963. UNIT SCHEDULE 
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BASED ON BOTH Z -25X 1 

i r ^ • ■ ■ - '1 


v LENS AND..M IRRO.C; AVAIL AB.IL IT Y, REQUIRED. TEST T IME AT AND NEED. - , 

DATES AT A/P.ZTHE NEW . DELIVERY 'DATES HAVE BEEN INCORPORATED IN THE C • : i 

~ . ■ V’ - » ? v : ><C? T V «/ ' • .V ■ ••r-.,.vY. ■»*«;' *■; •-;}-* v .k- . . • • * v . • v v v.I ^ - . 1 - v- * ■ : V , v *: 

, REFERENCED PROJECT SCHEDULES WHICH WILL'. BE M A iLED NEXT WEEK. - . 

" H-v- v, v; • v-zzzz 

UNIT 2 - ON, SCHEDULE WITH SUBASSEMBLY STATUS AS FOLLOWS: 

V LENS ASSEMBLY «■ COMPLETION OF HA°L»5 IS NOW SCHEDULED POR 5 JULY. 
THREE SURFACES REMAIN TO BE POLISHED AND FIGURED AND COATED PRIOR TO 
FINAL LENS ASSEMBLY AND TEST. 

THIS UNIT IS NOW SCHEDULED FOR AN ON™ DOCK DELIVERY os* ! AUGUST. 
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UNIT 4 =• AI OR ACCEPTANCE TESTING,, INITIAL PHOTO 

TESTS ARE ^CHfeDUliE^^TO' COMMENCE THE LATTER PART OF NEXT WEEK FOLLOW- 
ING COMPLETION A^BeLIVERY OF UNIT OS. MIRROR M8R. 9 IS NOW CURING 
AND WILL BE USED ON THIS UNIT IF IT IS SATISFACTORY, M I.RR0R N8R. 12 
WILL BE POTTED MONDAY' EVENING AND BE AVAILABLE FOR THIS UNIT ON 19 
JUNE IF NBR. 9 TESTS UNSATISFACTORY, ON- DOCK DELIVERY IS NOW 
SCHEDULED FOR 3 JULY, " . • ' " 

UNIT 6 ~ A DRT PUMP FAILURE ON SATURDAY, 8 JUNE, HAS DELAYED 
FINAL TEST COMPLETION AND DELIVERY TO WEDNESDAY, 12 JUNE^ i: fNE CAUSE 
OF THE SLIGHT WRINKLING OF ‘THE FILM ON ONE EDGE HAS BEEN DETERMINED 
AND A CORRECT TNG IDLER ROLLER MODIFICATION IS BEING FABRICATED AND 
ASSEMBLED AND WILL BE INSTALLED ON MONDAY. 



■ ■; ■ -v-V-; 5 “ ; r 4'y.v**.. .. /£: v; ' ■ 

/ U ^ IT ? £;;9JU?P^ ts follows?' : 

, LENS-^SSEMbLy *i ; UAPL- 12 IS ^SLATED TO’ BE USED WITH THIS UNIT. : ^ ; 

v changes*t6-the ^PHERIZING CELL WERE FOUND NECESSARY AND ARE NOW 
BEING MADE. THE LENS IS SCHEDULED FOR COMPLETION ON 27 JULY. 

FINAL ASSEMBLY AND TEST ON SCHEDULE. THIS UNIT IS NOW SCHEDULED 
FOR AN ON- DOCK DELIVERY OF 31 AUGUST. ■' 

l .. 

UNIT 9, 10, li, 12, AND-13 - PROCUREMENT AND FABRICATION HAS 
COMMENCED AND T LE UNIT 9 LENS DESIGN HAS BEEN COMPLETED AND GENERATING 
OF THE ELEMENT? WILL COMMENCE NEXT WEEK. 
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pace three 


( IN 79785 

SCHEDULED UNIT DELIVERIES ARE AS FOLLOW S: 
UNIT 9 - 20 NOVEMBER 1963 
20 DECEMBER 1963 
20 JANUARY 1964 
20 FEBRUARY 1964 
20 MARCH 1964 


UNIT 10 
UNIT 11 
UNIT 12 


UNIT 13 - - 

A review of test and operational film needs is now being made 

-INCE THE ADDITIONAL PHOTO AND TRACKING TESTS ON UNIT 6 HAVE 
USED MORE TEST FILM THAN ORIGINALLY ; ANT ICIPATED. UNIT 9 AND UP 

WILL REOUIRE BOTH OPERATIONAL AND TEST FILM. 

END OF MESSAGE 
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